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SOMARY OF FINAL MECOTIATIONS or 

CONTRACT NO, Sc-l5-12 BASED ON "REPORT ON 

PRICE RECATEMMINATTION AUDIT’ HEPORT §e67 


MAEERTAL 

The Contractor claimed 946,858 for material conte. 
Of these conte, $31,315 representing Subcontract costs 
was questioned by the Auditor as not having Contracting 


aeatrast for thie amount. A review of the Contractor's 
scet proposal did net reflect this oredit. The Contractor, 
at the of the Contracting Officer substantiated 
the % this cost had been exeluded from its 
waterial cost claim. The Contractor's material claim was . 
i . % 46, 858.00 


OTHER EXPENSES 


The Contractor elaimed other expenses (direct 
eharges) in the amount of $73.00. ‘he auditor accepted 
these costs ané this amount was therefore approved — 


DIRECT LABOR 


The Contractor claimed $16,018 labor soste. Of this 
coat, $557 representing premium yay for overtime work 
wan questioned by the Auditor as not having Contracting 
Officer approval. ‘The amount of $547 of premium pay was 
reinstated as applying to overtime work necessary for 
performance of the contract and was approved after the 
fact. The Contractor's labor cost was approved in the 
amount of 16,018.00 
OVERHEAD 

The Contractor elaimed $17,019 for overhead costs. 
Thig amount we aecepted by the Auditor and was there- 


fore approved ; 17,429.00 


73.00 
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total Redetermined Contract Price G3, Sze. 
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Contract No. 80-49-12 
jaandeant fo. 2 


he Perkin-Eleer Corporation 
Mein Avexua 

onl ly Connecticut 

Gentiles: 


i. Mais coomment constitutes Auendment No. 2 to Contract Ho. 
80-45-12 vetween The Perkin-Elmer Corporation and the Untted States 
Geveranent 


a 


AUG 3 1959 


2. ome 92 ee ee ee ata ch cas 
staes ANTON, the parties hereto have negotiated and — 
performance of 


See ($105 622.42) vaich amount reprasecte the fin eontrct 
price. 


3. All other terms, sarc aaa ef Contract 
No. SC-45-12, ag amended, remain unchanged. 


eee 
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